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BILL NO. S-75-01 


-/* 


. s - 


SPECIAL ORDINANCE NO 


AN ORDINANCE approving Change Order No. 1 in 
connection with Lower Huntington Road Improvement 
Resolution 5658-1974 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to John Dehner, Inc. in connec¬ 
tion with Lower Huntington Road Improvement Resolution 5658-1974 in the amount 
of $12,367.10, as set out in the specifications, is hereby in all things ratified, con¬ 
firmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. 




APPROVED AS TO FORM 








Read the first time in full and on motion by '> , seconded by 

, and duly adopted, read the second time by title and referred 


'hi 

to the Committee on__ 




_ (ahd-tfee--6ity-”Plan 


Comaissiotrt J brT : ec^Sehdation) and Public Hearing to be held"~after~tee=legal notice, 



atr-tKe~Councii Chambers, City-County Building,°Fort Wayne, I^iangr''eB~ ^^ 
the « 

o’cTbeFTLM^E.SlL, 

Date: 

CITY CLERK 

Read the third time in full and on motion by 

seconded by_ &<*s£Z and duly adopted, placed on its passage. 

Passed ("flKjrj by ti ring vote: 

AYES 

BURNS 
HINGA 
KRAUS 
MOSES 
MJCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 
TALARICO 
DATE: 



— 

, 

_ 

xi. 

xC 




CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

















































































S-75-01-13 


We 9 your Committee on 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
Public Works _ to w hom was referred an Ordinance 


approving Change; Order No. 7 in conn ection with Lower Huntington Road 
Improvement Resolution 5658-1974 


have had said Ordinance under consideration and beg leave to report back to the Common 
Council that said Ordinance _ EASS. 


Winfield C. Moses, Jr. - Chairman 


Eugene Kraus, Jr. 


Vice-Chairman 


John Nuckols 


William T. Hinga 


Donald J. Schmidt 


[d^7 

-( 

ChCL-ac? 


as , 


-CHARLES W. WESTERMAN, CITY CLERK 





























Subject 


for Change: 




Jt4 .77 


SEE ATTACHED 


Dat e December 12, 1974 _ 

PROJECT Improving Lower Huntington Road 
LOCATIO N Baer Field Thruwav - Winchester R oad 
RES. NO. 5658-1974 __ 



C!erk 


Date 













































CHANGE ORDER EXPLANATION 


The damaged and deteriorated pipe condition was confirmed by Water Pollution 
Control T.V. inspection. 

Subsequent to inspection date a quote was requested from John Dehner, Inc. 
which was then verified by Mr. Boiler from Water Pollution Control Engineering 
as being acceptable. 

A letter to Mr. Dehner confirming approval to proceed with installing approx¬ 
imately 300 Lin. Ft. of 24" tile was submitted by Street Engineering Department 
on 10/24/74. This letter was submitted to John Dehner, Inc. based on the verbal 
approval of Mr. Bonar and the concurrence of Mr. Boiler that said work was 
mandatory. 



lc 



TITLE OF ORDINANCE Special Ordinance 




* DEPARTMENT REQUESTING ORDINANCE Board of Public Works _ 

SYNOPSIS OF ORDINANCE Change Order No. 1 on Lower Huntington Road Improvement 
Resolution 5658^-74 in amount of $12,367,10 was necessitated because of deteriorate d 
condition of a tile sewer that must be under the new pavement. John Dehner will 

install new 24 w reinforced concrete pipe, 


EFFECT OF PASSAGE Replacement of deteriorated sewer. 


EFFECT OF NON-PASSAGE Probable need for cutting new pavement to replace sewer 
after Lower Huntington Road construction. 

MONEY INVOLVED (Direct Costs, Expenditures, Savings) Cost to City - $12,367.10 



ASSIGNED TO COMMITTEE 






























